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Account 7809—Keystone Plate Partitions.
1,523 sq. ft. of No. 14 Keystone Plate partitions were erected by riveting the plates together and attaching them to the structural steel of the building. The plates were orginally intended for a roof upon the Roaster Dust Chamber and had each long edge turned up 1-| in. The cost of cutting these edges off is here included. (See Fig. 113.)
Account 7810—Alteration of Chutes and Machinery.
Bedding Plant and Bunker Bins
Account 7901—Excavation.
This excavation involved making long, deep, oblong cuts through earth and sand and gravel bonded with caliche. It was necessary to use power to shake up the ground, followed in some cases with plows. A part of the work was handled with slips and fresnos; another part by picks, shovels and wagons. The average haul was 600 ft.
Account 7902—Foundation.
This concrete yardage was made up as follows:
550 ft. footing, 4 ft. wide by 2 ft. deep-plain 550 ft. wall, 1 ft. 6 in. thick by 5 ft. high-plain 1200 ft. footing, 3 ft. 6 in. wide by 10 in. deep-plain 600 ft. wall, 1 ft. 6 in. thick by 6 ft. high-plain reinforced coping 600 ft. wall, 1 ft. 6 in. thick by 11 ft. high-plain 320 ft. footing, 7 ft. wide by 3 ft. deep, reinforced with J-in. and |-
in. rods, 6 in. on centers 320 ft. wall, 4 ft. 5 in. thick by 11 ft. high, reinforced with f-in. rods,
12 in. on centers 12,700 sq. ft. rough finished slab, 5 in. thick
The concrete, of which 85 per cent, of the vertical surface was formed, was machine mixed, in the proportions of 7 parts sand and gravel to 1 part cement. It was wheeled to place in barrows, a distance on the average of 180 ft. About half of the yardage was reinforced.
Account 7903—Steel Structure.    (See account 7308.2.)
Structural steel..................................... 510.41 tons
Corrugated iron.....................................    38.30 tons
548.71 tons (See Fig. 114.)
6ound of material and labor for fabricating all steel chutes used in the sample mill. In general they were made of rVin. plate and light angles. The cost of erecting is in 7807.1 and in the comparative costs are found the individual chute costs. (See Fig. 109.)7-in. Snyder sampler with 28-
